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Town of Arlington, Massachusetts 
730 Massachusetts Ave., Arlington, MA 02476 
Phone: 781-316-3000 

webmaster@town.arlington.ma. us 


Building Committee Minutes 8/12/2010 

TOWN OF ARLINGTON 
MINUTES 

COMMITTEE MEETING 
PERMANENT TOWN BUILDING COMMITTEE 
Tuesday, August 12, 2010 


PRESENT: John Cole, William Shea, Robert Jefferson, Suzanne Robinson, Michael Boujoulian, Jeff Thielman 

ABSENT: Brian Sullivan, Rob Juusola, Mark Miano 
GUESTS: Eric Ammondson - Ammondson Architects 


The meeting was called to order at 8:00 a.m. 


Community Safety 

Eric Ammondson discussed two unforeseen conditions that were to be rectified with the two change orders that were 
written. Change order number one for $6,288.00 and #2 for $6952. He went on further to discuss that there were no 
other change orders that he was aware of and the project was proceeding on time. The committee unanimously 
approved the change orders. 


Adjourned at 8:20 a.m. 


Respectfully submitted, 
Bill Shea 
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